To:  Way,  Steven[way. steven@epa.gov] 

From:  Matt  Francis 

Sent:  Mon  3/9/2015  1 :57:46  PM 

Subject:  FW:  Gold  King  Revision 

removed.txt 

Gold  Kina  03-06-2015.pdf 


Received  this  from  HW.  I’ll  go  through  it  and  add  to  an  ERRS  estimate  for  a total. 


From:  Bob  Heeter  [mailto:bheeter@harwest.com] 

Sent:  Friday,  March  06,  2015  10:08  AM 

To:  Matt  Francis 

Cc:  Chris  Hassel;  Eric  Gavin 

Subject:  Gold  King  Revision 


Matt,  please  find  attached  a new  work  schedule,  attachment  B,  Schedule  of  Pricing,  that  will 
remain  the  same,  and  a marked  up  Purchase  Order  # 10429.  The  mark  ups  on  the  P.O.  reflect  the 
additional  man  hours,  equipment  rental  durations,  anticipated  additional  materials  cost, 
additional  Per  Diem,  and  additional  bond  cost  associated  with  this  revision.  Please  call  with  any 
questions. 


Thank  you, 
Bob  Heeter 
Superintendent 
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